Arlington High School Building Project 
AHS Construction Update — January 12, 2023 


Arlington HS Construction Schedule: April 2020 — September 2025 
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COVID-19 Update 
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Concrete deliveries 
Steel fireproofing 
Concrete placement 
Installation of stairwells 
Layout for overhead M/E/P and corridor framing 
Installation of roofing system 
onstruction-updates/ Install temporary tarp around building for winter conditions 
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Sign up for Weekly 
Construction Updates 
https://ahsbuilding.org/news/c 
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For eae on-site o Construction vehicles entering and exiting project site 
assistance contact Hal Weekend Work/Holiday Work/Night Work: 
Raymond, Skanska Site e Saturday work is required for the foreseeable future 

epic cantata. ¢ Site will be open on Monday, 1/16/23, Martin Luther King Jr. Day 


(617) 352-8593 


SKANSKA Skanska USA Inc. > | Consigli Construction Co., Inc. HMFH Architects, Inc 
Owner’s Project Manager CONSIGLI Construction Manager at Risk Architect 
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WEEKLY UPDATE —- WEEK OF JANUARY 1674, 2023 


Progress Photographs — Taken Week of 1/9/2023 
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Photograph 1: Phase 2 East Elevation (View from Mill Brook Dr). At the top center is the topping off steel beam with evergreen tree and flag. 
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Photograph 2: Central Spine Forum Stair Progress 


CONSIGLI 
ARLINGTON HIGH SCHOOL Est. 1905 


WEEKLY UPDATE —- WEEK OF JANUARY 164, 2023 
| 


H 


de 
a 


Photograph 3: Phase 2 Progress 


